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OSA~19511-67 


Contracts No, SP-1922 _. 
SP-1923 


19 APR 1967 


Lockheed Aircraft Corporation 
Burbank 
California 


Gentlemen: 


1. The limitation of the Government's obligation 
under contracts with your organization is fixed by the 
funding authorized and recited in a particular contractual 
document. 


2. Whenever you have reason to believe that the 
total cost of the contract will be greater than either the 
estimated cost thereof or in excess of the approved funding, 
it is requested that you advise the Contracting Officer 
immediately of the extent of any overrun or additional 
cost anticipated under the contract with the reasons 
therefor and detailed cost information in support of the 
need for such additional funds. 


3. You are reminded that you are not to incur costs 
in performance of a contract in excess of the amounts 
stipulated in the written contract, unless and until the’ 
Contracting Officer notifies you that such excess amounts 
have been authorized, 


4. Further, timely notice is of the essence and 
authorization to perform additional work or to incur 
additional costs may come only from the Contracting Officer. 


Yours very truly, 


THE UNITED STATES OF AMERICA 
© "25X14 


ontracting i1cer 
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